ADDENDUM NO. 3 


Alternative Program Debris Removal 

Contract 19-04 

February 28, 2019 


OWNER: 

Town of Paradise 
5555 Skyway 
Paradise, CA 95969 
(530) 872-6291 
(530) 877-5059 (fax) 

GENERAL: 

Scope: 

1. The purpose of this Addendum No. 3 is to notify Bidders of clarifications to the 
Contract Documents for the above project. This Addendum shall be attached to 
and become a part of said Contract Documents. 

2. This Addendum consists of 1 pages. 

Acknowledgment: 

1. This Addendum shall be signed by the bidder, dated and submitted with the 
proposal for the project. 


CLARIFICATION IS PROVIDED AS FOLLOWS: 

QUESTION 1: Is there an Engineer’s Estimate for the subject project? 

ANSWER 1: Yes, $300,000. 

MODIFICATION TO THE PROJECT SPECIFICATIONS ARE AS FOLLOWS: 

1. Schedule: 

Following execution of contracts (typically 2 weeks from the date of award), the Town of 
Paradise shall issue a Notice to Proceed. From the date of the Notice to Proceed, the 
Contractor shall submit Alternative Program Application and Work Plans with Butte County 
Environmental Health within five business days for all properties. Following approval to 
proceed with the Work Plan for the County, the Contractor shall commence work on the 
subject projects in the following priority and timelines: 


Priority 

Address 

Maximu 
m Days 
from 
County 
Approv 
al 

1 

933 American Way 

r 10 

2 

1249 Wagstaff Road 

20 

3 

5456 Black Olive Drive 

h 25 

4 

5656 Sierra Park Drive 

28 




5 


5733 Pentz Road 


31 


2. Time 

This work, subject to contract changes, shall be diligently prosecuted to completion before the 
expiration of 40 working days after the date issued in the Notice to Proceed. Days between 
Work Plan submittal and Approval by the County shall not count as working days. 

3. Liquidated Damages: 

The Contractor shall pay to the Town of Paradise the sum of one thousand dollars ($1,000) per 
day, for each and every calendar day's delay in finishing the work in excess of the number of 
working days prescribed herein. Liquidated damages, if any, accrue starting on the 1st day 
after the expiration of the working days through the day of Contract acceptance. 


BIDDER: 


PREPARED BY: 


NAME 


TOWN OF PARADISE 


DATE 


ADDRESS 1 


ADDRESS 2 


SIGNATURE 


DATE 


END OF ADDENDUM 




